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LIMITED OFFICIAL USE BUCHAREST 3448 

DEPARTMENT FOR A/FBO AND A/SY/NSU 
LONDON FOR ATO 
BONN FOR RCO 

E.O. 11652: N/A 

TAGS: ABLD, ACOM, ASEC, RO 

SUB J : STRUCTURAL PROBLEMS IN CHANCERY 

REF: A. BUCHAREST 3381; B. BUCHAREST 3432 

1. FOLLOWING VISIT OF FBO ENGINEER MCCOLLOUGH, EMBASSYHAS DETERMINED 
THAT MATERIALS, LOCAL LABOR, AND RENTAL OF EQUIPMENT TO ACCOMPLISH 
NECESSARY SHORING AND REPAIRS WILL COST APPROXIMATELY $3,000. ALL 
MATERIALS AND EQUIPMENT SHOULD BE AVWAILABLE TO BEGIN WORK WITHIN 
TWO TO THREE WEEKS FROM DATE ORDERED. 

2. IF NECESSARY FUNDING AVAILABLE IMMEDIATELY 
FROM DEPARTMENT 

EMBASSY WILL PLACE ORDERS EARLY NEXT WEEK. BELIEVE THAT SEABEE 
TEAM OF THREE REQUESTED IN REF B CAN BEGIN WORK AROUND OCTOBER 17. 

3. REQUEST APPROVAL FOR FUNDING SOONEST 
AND CONFIRMATION IF SEABEE 

TEAM CAN ARRIVE BY OCTOBER 17. 

MARTENS 

LIMITED OFFICIAL USE 
LIMITED OFFICIAL USE 
PAGE 02 BUCHAR 03448 211541Z 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 

LIMITED OFFICIAL USE 


NNN 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 21 SEP 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: collinpO 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973BUCFIAR03448 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BUCHAREST 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19730920/aaaaaocq.tel 

Line Count: 60 
Locator: TEXT ON-LINE 
Office: ACTION EUR 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 

Reference: A. BUCHAREST 3381 ; B. BUCHAREST 3432 

Review Action: RELEASED, APPROVED 

Review Authority: collinpO 

Review Comment: n/a 

Review Content Flags: 

Review Date: 24 SEP 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <24-Sep-2001 by kelleyw0>; APPROVED <01 MAR 2002 by collinp0> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: STRUCTURAL PROBLEMS IN CHANCERY 
TAGS: ABLD, ACOM, ASEC, RO 
To: STATE 
Type: TE 

Markings: Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



